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Message Text 



CONFIDENTIAL 

PAGE 01 NICOSI 02741 121724Z 

46 

ACTION OC-05 

INFO OCT-01 EUR- 12 NEA-10 ISO-OO CCO-OO SY-05 OCL-OO FBO-02 
A-01 /036W 

081185 

OR 121515Z SEP 75 
FM AMEMBASSY NICOSIA 
TO SECSTATE WASHDC IMMEDIATE 2311 
INFO AMEMBASSY ATHENS 
AMEMBASSY BEIRUT 
AMCONSUL FRANKFURT 

CONFIDENTIAL NICOSIA 2741 

DEPT FOR A/OC, A/SY/FO/NSU 

ATHENS FOR TSO/ATO 

BEIRUT FOR RCO 

FRANKFURT FOR RSS/RTC 

E. O. 11652: GDS 
TAGS: ACOM ASEC 

SUBJECT: SKYLINK INSTALLATION - NICOSIA 
REF: STATE 209181, 206237 AND PREVIOUS 

1. AS INDICATED IN REFTEL, PLEASE SEND FISCAL DATA ON TEMPLATE 
SOONEST. 

2. SINCE ARRIVAL SEABEE, FOLLOWING WORK, WHICH NOT INCLUDED IN 
PREVIOUS COST ESTIMATES, DEEMED NECESSARY. 

A. DEMOLISH THE WALL BY THE CORRIDOR OF THE TCU WORKSHOP 
INCLUDING THE DOOR AND DOOR FRAME OF THIS ROOM. 

B. CONSTRUCT A NEW REINFORCED WALL WHERE PREVIOUS PARTITION WAS 
AND REMOVE. REINFORCE AND BOND THIS WALL TO EXISTING WALLS. 
CONFIDENTIAL 

CONFIDENTIAL 

PAGE 02 NICOSI 02741 121724Z 

THE LOCATION OF THIS NEW WALL TO BE SUCH SO AS TO ENLARGE THE 
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WIDTH OF THE CORRIDOR TO ACCOMMODATE VAULT DOOR IN ITS NEW 
POSITION. 

D. LOCATE THE DOOR OF THE WORKSHOP IN NEW POSITION. 

E. CONSTRUCT A CONCRETE LINTEL AND BONDBEAM UP TO THE CEILING 
IN THE AREA WHERE THE VAULT DOOR WILL BE INSTALLED. 

F. REMOVE DOOR AND DOOR FRAME OF ROOM LEADING INTO PARENT ROOM 
OF ACR, REINFORCE WALL, CUT NEW OPENING 

FOR NEW DOOR/DOOR FRAME. 

G. PLASTER WALLS NOT COVERED WITH TETAL SHEET. 

H. APPLY PLASTER TO NEW WALL AND PAINT. 

3. COST ESTIMATE FOR THIS ADDITIONAL WORK IS $2,064.18. PLEASE 
PROVIDE FISCAL DATA SOONEST IN ORDER FOR PROJECT TO CONTINUE. 
CRAWFORD 



CONFIDENTIAL 



NNN 
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Copy: SINGLE 
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Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: CunninFX 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
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Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975NICOSI02741 

Document Source: CORE 
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Drafter: n/a 
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Executive Order: GS 

Errors: N/A 

Film Number: D750316-1015 
From: NICOSIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750958/aaaabyvy.tel 

Line Count: 80 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION OC 

Original Classification: CONFIDENTIAL 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 
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Previous Handling Restrictions: n/a 
Reference: 75 STATE 209181 , 75 STATE 206237 
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